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BILL NO. S-85-01- / JD 
SPECIAL ORDINANCE no. s- //7 WS 


AN ORDINANCE approving Change Order 
Nol, Contract. Pa- XPI DIVISION 

C, Ludwig Road Water Main, with All 
Star Construction & Excavating, Inc., 
in connection with the Board of Public 
Works and Safety. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. That Change Order No. l, Contract $84-XP-1, 
Division C, Ludwig Road Water Main, with All Star Construction, 
Inc., in connection with the Board of Public Works and Safety, 
Tq: 
Change Order #1, Contract $84-XP-1, 
Division C, Ludwig Road Water Main, 
is necessary to equate contract amount 
for work actually performed and ma- 
terials actually installed. Water main 
location was moved into road area re- 
sulting in the use of additional stone 
area replacement. This move was ne- 
cessary due to the unknown location of 
drainage pipes; 
involving a net increase of Seven Thousand Eight Hundred Forty- 
Eight and 94/100 Dollars ($7,848.94), all as more particularly 
set forth in the specifications, and which is on file with the 
Office of the Board of Public Works and Safety, and is by refer- 
ence incorporated herein, made a part hereof and is hereby in all 
things ratified, confirmed and approved. 
SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 


zm ete. 


Councilmember g“ 






APPROVED AS TO FORM 
AND LEGALLTY 







ce O. Bóxberger, 





City Attorney 


Baud the first time in full and on motion by - : 
seconded by pr er d. , and duly adopted, read the s d time 
by title and === to the Committee Cz YR (and the City 
Plan Commission for recommendation) and Public Eedring to be held after 
due legal notice, at the Council Chambers, City-County Building, Fort Wayne, 
Indiana, on ae day of 


uc Re at o'clock Me BO» 


DATE: ew Ara md 













Read the thir ime in full and on motion by 
seconded by , and duly adopted, pla 
passage. PASSED (eeST) by the following vote: 


Y 
K 
td 
U 


NAYS ABSTAINED ABSENT TO-WITs 


/ 





TOTAL VOTES 
BRADBURY 
BURNS 
EISBART 
GiaQUINTA 
HENRY 
REDD 
SCHMIDT 


STIER 


E d dle 


TALARICO 





DATE: fice FS. 


E 3 
SANDRA E. KENNEDY, CITY CLERK 


Passed and adopted by the Common Council of the City of Fort 


Wayne, Indiana, as CO we a UN MOD. 
(SPECIAL) (ZONING.MAP) ORDINANCE ON) NO. —~fa-t . 








on the X e) day of . e Pe 
— RM mo ( ———'! . 
ATTEST: (SEB) es 
ë ot Den s Le Gp "d Z PA , UN 


/ pius N 
SANDRA E. KENNEDY, CITY CLERK D 


Presented by me to the Mayor 


on the RI IL day of 


at the hour of | du ode o'clock 


the City of /Fort Wayne, Indiana, 


pg ky rA 


SANDRA E. KENNEDY, CITY CLERK 


Approved and signed by me this. day of i MESS 





"4 


NE = 75 
19 fs , at the hour of > o'cloc f .M.,E.S.T. 





WIN MOSES, JR. , MAYOR 


CHANGE ORDER 
EDA #06-01-01959 
change Order No. 1 (FINAL) Resolution No. TE 
Project No. 84-XP-1 - DIVISION C Board Order No. 77-83 
Name of Project LUDWIG ROAD WATER MAIN . Date DECEMBER 3, 1984 


To: ALL STAR CONSTRUCTION & EXCAVATING, INC. 
(Contractor) 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: 


item") | 5&5 (71 . 5 Description of Change: « “fo .-. T Chemge: ini Contract Price 
No. Quantit Description 
3 2 LF | 12" D.I. PIPE 15.95 31.90 

38 0 LF | ASPHALT DRIVE RESTORATION 10.00 | 250.00 We A 
40 2,739 LF | STONE AREA RESTORATION 3. 7X --- | 10,161.69 
43 Li 513 LF | GRASS AREA RESTORATION id Pee n ds 


Total Decrease $2,312.75 --—— 


Total Increase 





Net Qecneasxe) (Increase) Contract Price 


The sum of $ 7,848.94 is hereby (added to) (Zmxxcedoóvoum) the total contract price 
and the final contract price shall be adjusted as follows: 


Original Contract Price $ 96,841.77. 
Current Contract Price Adjusted by Previous Change Order $ 96,841.77 


New Contract Price Including This Change Order $104,690.71 
The time provided for completion in the contract for this project is (unchanged) (inemeasedc) 
(Seccesesed) by 20> calendar days due to this Change Order. The date for completion 


of all work shall be SAME . Furthermore, this document shall become an 
amendment to the contract and all provisions of the contract shall apply hereto. 


Recommended —— C AL. (Chief Water Engineer) Date /Z-4- SH 
Terry L. Athgrto UE. PC 
Accepted by: (Contractor) Date 2-4 6 / E Y 


(Director of Water Resources)pate 


Date — /gd-/d-$ 4 
Date 12-74-59 







Approved by: 


Approved b S Am. Bd. of Works) 





Member Bd. of Works) 






(Member Bd. of Works) 


(e) AS EES Pu M tus (uen "bad -47477 8 


Attested by: \ 


wecues cll0cc sive Ph ebay 


* f ; : Resolution No. 0 --- 


" a 


REQUEST AND JUSTIFICATION FOR CHANGE 
Necessity for change: TO EQUATE CONTRACT AMOUNT FOR WORK ACTUALLY PERFORMED AND 


.MATERIALS ACTUALLY INSTALLED. 
ies sat leno vated a Son Doe SNE OA SEDE RT NN AE RIDE ON. ee MR 


, ` i i : Board Order No. 77-83 





———————————————————————————————À———ÉÉÉu—ÉÉÉá 


WATER MAIN LOCATION WAS MOVED INTO ROAD AREA RESULTING IN THE USE OF ADDITIONAL STONE AREA 


REPLACEMENT. THIS MOVE WAS NECESSARY DUE TO THE UNKNOWN LOCATION OF DRAINAGE PIPES. 
—————————————————ÁÓÉ—ÁÉÓÉÓÉ——————ÓÁÓÉÓÓÉÉÉÉÓÉÉÓÉÓÉÉÓÉÓÉÓÉÉÉÉÉÉÉÓÉÉÉÉÉERRBEÉ En 


lon AT E MM NADIE MEMDIMEEEC CI MCEME MDC MEMCIM MEC. MMC D CM MRC CDM CI CMM a S 


Will proposed change alter size of the project? Yes No X 





If yes, explain 


Affect on operation and maintenance cost of this project: 


NONE 


——————————————————ÁÉÁÉ————————————— 

















Gary F. Reinke, water Engineer 


BILL NO. 5-85-01-12 
REPORT OF THE COMMITTEE ON CITY UTILITIES 


WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 





REFERRED AN (ORDINANCE) (HRESO898SON) approving Change Order No. l, 


.Contract 484-XP-1, Division C, Ludwig Road Water Main, with All 


Star Construction & Excavating, Inc., in connection with the Board 





of Public Works and Safety 




















a 


a 


HAVE HAD SAID (ORDINANCE)  (BBSG&REQN) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


(RESQRUTXQNI _ | Do Gis 


S 
) 


Z : _ THOMAS C. HENRY 
CHAIRMAN 









JANET G. BRADBURY 
ICE CHAIRWOMAN 


A Ek DONALD J. SCHMIDT 


JAMES S. STIER 


no M ss oe CHARLES B. REDD 


CONCURRED IN Pious eo SANDRA E. KENNEDY 
| CITY CLERK 


Cò IO namn. eí 


S fle 


TITLE OF ORDINANCE Change Order #1, Contract 84-XP-1, Div. C, Ludwig Rd. Water Main 
SYNOPSIS OF ORDINANCE Change Order #1, Contract 84-XP-1, Div. C, Ludwig Rd. Water Main. 


is necessary to equate contract amount for work actually performed and materials 
actually installed. Water main location was moved into road area resulting in the 
use of additional stone area replacement. This move was necessary due to the 


unknown location of drainage pipes. All Star Construction & Excavating, Inc. is 


the. contractor. 


To facilitat letion of this project. 
EFFECT OF PASSAGE ae da eec Hd 





EFFECT OF NON-PASSAGE 


nm I ———— Í—————  ——ÀÓÁ o ————————————— ——  '————— AUN EE EP TEE i a TU 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase $7,848.94 


ASSTGNED TO COMMITTEE 


NEEDED TEX. COUPER IO ne | EQUES COP MEER "MESE ER qt S CEN AR pet quce M ee 


